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BILL NO. S-76-04-,J?^ 




SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving Change Order 
No. 5 in connection with the Water 
Pollution Control Expansion Project, 
Division II (Terminal Ponds). 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY 
OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 5 to John Dehner, 

Inc. and Spears-Dehner, Inc., joint bidders, in connection 
with the Water Pollution Control Expansion Project, Division II 
(Terminal Ponds) in the amount of $12,436.00, as set out in 
the specifications, is hereby in all things ratified, confirmed 
and approved. 

SECTION 2. This Ordinance shall be in full force 
and effect from and after its passage and approval by the 
Mayor. 



APPROVED AS TO FORM 










Read the first tine in full and rn notion by_ 


, seconded by •. 


to the Committee on 


and dul y.a dopted.• read the second tine by title and referred 

(a nd- t -b e- C 44y—Dlitn 


Comrnl-^rsTnTri or recommendation) and Public Hear inn to be held at ter dorr"lTrtta-T^otice, 


at^hu Cuuntil Chambers, City-County Duildino, Fort t/ayrie, Indiana, 



BURNS 
HI f IGA 
HUNT ER 
MDSES 
KUCKQLS - 
SCHMIDT, D. 
SCHMIDT, V. 


STIER 
TALARI CO 

' DATE 




V-^2 7-7g 









































































S-76-04-36 


Bill No. 

REPORT OF THE COMMITTEE ON PUBLIC WORKS 

We, your Committee on Public Works __ to whom was referred an Ordinance 

approving Change Order No. 5 in connection with the W ater Pollution Control 
Expansion Project, Division II (Terminal Ponds). • 



have had said Ordinance under consideration and beg leave to report back to the Common 
Council that said Ordinance . PASS, 

Winfield C. Moses, Jr. - Chairman_ __ - __ 


Donald J. Schmidt - Vice-Chairman 
Vivian G. Schmidt 


Paul M. Burns 


William T. Hinga 







CONCURRED IN 


.CHARLES W, WESI&flHAN-, CITY CLERK- 































TerminaJ Ponds 


^ ^ ^ /l f Job gjfe, 3263 9D 


CHANCE OJSfF# 104 - 5 ' 

John Dehner ,0||5yi« , 

y0 : ftpea^^oAner, Inc H8p^gi^ f Baopers 


Fort W&ylie, tfjltia&a 


P.0. Box 1346 


Fort Wayne, Indiana 46801 . : g§ 

tmi ai e, hejrebf autho^lfe^d to following add} tick's and/®i dedjt.d'toioa^l'Sii.f-^ 

youn oontract aipbutit. 

Pievi&ngfh* . * - N|$feChs83$e . 

Cp/nfiiadf Amcnjal? increase SMRcreas^' (SxdsKX) BtAdd.) w||dAt^!2‘2fe‘ Amount 

H&TAL $ 4,583,848.57 $ 12,823,00 $ 387.00 $ 12,436.00 __ $ • 4,596,284.57 


HeeciALpU'on of Change. Add Deduct 

Furna sh d^wlabor and n^Mssary 

to>7^ets/ v se ipple locayi^a' of he st , ori rn "' , aL„r § 
sc^^.axti.j. s ’ L <=•“> *-«•».<* j.gA‘ j • c • - 

imanhole, J|fp|ated south efef fehe ^^gezLnrxg 
building f(Hee attac^d r df\auing02§ re- 
«I s revcashton dy ll|l cntadi. 
thgfi^5&.lowing Items and cost. 


1, Add Manliol^^^^th®gid^^£ tfte? 

building-' ^ *' 74 ^ ^3,080.001' 

"fey Lower 6 jf|j| ufiip disdhai’ge andijgepiy 

cou33jS^&d^^Sp|^ina^i-®^sr • -” ••. . f : 4 .*f\. - r y ? >3fe81g33pB 

3 * Ad ^i ogl KB fcciii- 

, .©skte pipe = ’ 




Delete excffiffation .A6 ^k 6" C.I, pump 
dife^Siar^ line 


IfS'SS'.OQ 




















PAGE Igf!. 2 IS 

CHANGE- ORDER N(| y: 5 

PROJECT Division II - Terminal Ponds 
Item No. 2 


Furnish all labor and material n&e,e®S'ary to 
revise '■thdBfc&atiiH- of the proposed nS# bridge- ' 
over fetormwatp^statal^ overflow ditehu 

The i$g$r .bridge is 45’ nortfe ^.the 

Oi?igiji^-l ^Lqeatib'n shoxm on thehtfonferactural 
drawings. '('See- Attached drawinggSr details 
Thih^ollowinS^fe/la breakd©W|jap»f thdgfia^ffi'erence 
in cost. 

1. Add tw’p. concrete-stipphrting-piers for 

the 2~P' lexte 

2. Provide addl^g^Si J .t!encing and ^e^R&Be exist¬ 
ing fencing, iS^o rigjh lqffltion shown ^Sp. drawings .. 

Totals , 

Hah Change -Add 

These chang affe^E the completiofi 

:h a; 


Add 


$ 3,874.00 

l^oss 

$12,81:3AW/ 


Deducj' 


$ 3S7.00 


RF,W^WBh 


APPRISED: 


HENRY B. sOgg & ASSOCIATE'S/A 
On & BERGENDOFF 



TT WJ: // 

ACCEPTED;DfeNIRl liiC. , AND 
'■S/fBARS^-IMER^-jNC.J? \ 
130^' _____ • 

W ;-_ PzJkjlL JO® D1HNER, INC .1 



)-JC.n> PKo-££h3 


OWNER 



'ZsS^> >-H VC\xa 


Ethel Hi ifcaM&r 

Title BOARD OF PUBLIC WORKS 
Date: _____ 

























Item Ho. 1 


Change Order No. 
Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


1. Necessity for change: This change is necessary to allow construction of the new 

concrete wing wall and to minimize the down time that may result of the stormwater 
treatment facility. This change will also allow construction of the new sewers that 
will be connected to the facility in the future. 


2. Will proposed change alter size of the project? Yes X No _____ 

If yes s explain 

There will be additional cost due to the labor and material involved in constructing 
said manhole. 

3. Affect on operation and maintenance cost of this project': 

The plant personnel will be able to observe the discharge from the sump pump located 

in the wet well. At the present time they leave the manhole cover partly off to 
observe this discharge. This presently is a safety hazard and it would be eliminated 

with construction of the new proposed manhole. ■ 


-Engineer 




























o: „ Atem-So. 2 , ^ ' Change Order No. 

Board Order No, 

. REQUEST AND JUSTIFICATION FOR CHANGE 

1. Necessity for change: This change is necessary to prevent problems from erosion 
and security. This will also lessen the chanty of any safety hjlfard'.s fgpi'jBp 
erroding- the futur^HB 


2. Will proposed change alter size of the project"- Yes y No __ 

If. yes 3 explain • ' ■ ” 

There will be, An addition||f. cofejh gWJH?] the two ifMw concrJsg pijpls andS^^fctional 
fencing tefialLred, 

3, Affect on operation and maintenance tBSst q£ tpls project: 

By north riyq:^|this ?3Eh „ ~ gSS 

problgt^^^jiaa-htehfefen'^^he fha^^e^^^gighigh water occurs m^tgae River 


Engineer 
































1ITLE Or ORDINANCE —S p^ecial-JIrjiixiaiice - Change, Order of John Pejiner. Inc. . Snears-De hner. 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works _ 0 ll2^436. 00* 

SYNOPSIS OF ORDINANCE Change Order £5 of John Dehner, Ine^Spears-Dehner, Inc,, 

Joint Bidders, in the amount of $12,436,00 on Division II of the Water Pollution 

Control Expansion Project provides for certain additions and deletions on original 

r.nnt.rar.t:' all as set forth in Items 1 and 2 on attached Change Order, ■ - 

_Justification for changes is shown on attached sheets numbered 1 and 2/ -_ 


EFFECT OF PASSAGE _ Provides for certain changes deemed necessary by consulting 

engineers, Henry B. Steeg & Associates, Inc, 

EFFECT OF NON-PASSAGE Failure to construct project in manner determined as best 
by City and Consultant. . 


MONEY INVOLVED (Direct Costs, Expenditures, Savings) Direct cost to City is 15% 
as this is EPA and State funded in amounts of 75% and 10% respectively, 


ASSIGNED TO COMMITTEE 


































